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Message Text 

UNCLASSIFIED 

PAGE 01 TORONT 00230 260008Z 
ACTION FBOE-OO 

INFO OCT-01 EUR- 1 2 ISO-OO SY-05 OC-06 CCO-OO /024W 

260012Z 043919/66 

R 251930Z JAN 77 
FM AMCONSUL TORONTO 
TO SECSTATE WASHDC 4890 
INFO AMEMBASSY OTTAWA 

UNCLAS TORONTO 0230 

E.O. 11652: N/A 
TAGS: ABLD, ASEC 

SUBJECT: SPACE REORGANIZATION TORONTO OB PROPERTY NO. 21226 

REF: 76 STATE 280712 

1 . ARRANGED CONSULTATION WITH CONTRACTOR TO OBTAIN LOWEST POSSIBLE 
ESTIMATE PER REFTEL PARAGRAPH 3, ON IMPROVEMENTS FOR FIRST FLOOR 
INSIDE REPEAT INSIDE WORK AS FOLLOWS: PROVIDE AND INSTALL NEW 
METAL DOOR WITH GRILL LOCKING GATE; REPLACE EXISTING METAL DOOR 
WITH NEW MATCHING METAL DOOR; INSTALL ONE INCH LEXGARD WITH METAL 
FRAME FROM FLOOR TO CEILING IN FRONT OF 2 NEW METAL DOORS TO FORM 

A VESTIBULE; PROVIDE TWO NEW METAL DOORS FOR VESTIBULE EACH WITH 
PNEUMATIC CLOSER; PROVIDE AND INSTALL NEW METAL DOUBLE DOOR TO 
SEPARATE NIV FROM MAIN LOBBY; NEW COUNTER FOR MAIN ENTRANCE WITH 
1/4" REINFORCED STEEL PLATE AND 1" LEXGARD MEASURING 40" ABOVE 
COUNTER; NEW INTERVIEW COUNTER AND SHELVES UNDERNEATH IN TWO SECTIONS 
WITH PARTITION AND LEX AN TELLER WINDOWS, NEW 18" WALL FORMICA 
TOP COUNTER RUNNING FROM NEW ENTRANCE TO METAL DOUBLE DOOR; 

PREPARE NIV AREA AGINST WINTER WEATHER, CUTTING, PATCHING, 

MECHANICAL, ELECTRICAL WORK AND PAINTING THROUGHOUT THE NIV 
AREA; AND PROVIDE ANDINSTALL PARTITION AND DOOR ON THIRD 
FLOOR TO RELOCATE OFFICES. NEW ESTIMATE DOL 59,000. PREVIOUS 
ESTIMATE DOL 65,000. 

2. REQUEST AUTHORIZATION TO PROCEED WITH CONTRACT TO FACILITATE 
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IMPROVEMENTS. 
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